Brown Line Capacity Expansion Project 
Progress Update 


12/14/05 


BUDGET 
¢ $529.9 million total budget 


SCHEDULE 
e Project Completion: December 31, 2009 
e Fullerton ADA Completion: December 31, 2008 


PROJECT ACTIVITIES 


e Clark Junction and Signal Bid Package was awarded through Board action 
to Aldridge-Mass, JV on October 14, 2004, NTP issued December 13, 2004 


e Substation Bid Package was awarded through Board action to Aldridge on 
December 16, 2004, NTP issued January 10, 2005 


e Belmont and Fullerton Stations Bid Package was awarded through Board 
action to FHP Tectonics on June 9, 2005, NTP issued August 17, 2005 


e Armitage, Sedgwick and Chicago Stations bid package was awarded 
through Board action to FHP Tectonics on September 14, 2005, NTP issued 
on November 15, 2005 

e Kimball, Kedzie, Francisco, Rockwell and Western Stations bid package 


was awarded through Board action to FHP Tectonics on September 14, 
2005, NTP issued on November 15, 2005 
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Progress Update 


PROJECT ACTIVITIES 


e Station Work: 


Began demolition of three acquired properties at Fullerton 
Completed soil borings at Belmont and Fullerton Stations 
Completed site surveys at Belmont and Fullerton Stations 
Began site surveys at Armitage Sedgwick and Chicago 
Stations 

Staff continue to finalize the remaining two station bid 
packages 


e Substations Work: 


Completed the pouring of a getaway manhole at Clark 
substation 


Began excavation for negative riser ductbank 
Poured the main slab at Grace Substation 
Began wall construction at Grace Substation 


Completed installation of site sewer and water lines at 
Grace substation 
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PROJECT ACTIVITIES 


e Structure Work: 


e Flange angle replacement work at 10 station locations is 
98% complete as of December 12, 2005 


¢ Signal Work: 


Completed the Francisco Avenue new grade crossing 
cutover 


Completed the Rockwell Avenue new grade crossing 
cutover 


Continued express and AC cable installation in the Clark 
Junction Corridor 


Continued signal platform installation in the Clark Junction 
Corridor 


e Began construction of Lakewood relay house foundation 
Installed piles at Barry relay house 
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Wall Construction at Grace Street Substation 
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Wall Construction at Grace Street Substation 5 


Brown Line Capacity Expansion Project 


Estimated 
Station bid Community Bid Estimated Board construction 
package meeting advertisement consideration start date Estimated station closures 


Fullerton / February 16, March 11, 2005 June 9, 2005 August 17, none 
Belmont 2005 2005 


Armitage / April 18, 2005 June 9, 2005 September 14, November 15, 6 weekend closures, no earlier than February 2006 
Sedgwick / 2005 2005 
Chicago 


Kimball / Kedzie / May 9, 2005 June 27, 2005 September 14, November 15, No earlier than February 2006 

Francisco / June 13, 2005 2005 2005 "Kimball: 4 months, while Kedzie remains open 

Rockwell / "Kedzie: 6 months, while Kimball and Francisco remain open 

Western "Francisco: 6 months, while Kedzie and Rockwell remain open 
="Rockwell: 6 months, while Francisco and Western remain open 
"Up to 10 weekend closures for at-grade stations 
«Western: no closures 


Damen/ Montrose | September 19, | Winter 2006 Winter 2006 Early Spring No earlier than April 2006 
/ Irving Park / 2005 2006 =Damen: 10 to 12 months while Montrose remains open 
Addison =Montrose: 10 to 12 months while Damen and Irving Park remain 
open 
«Irving Park: 10 to 12 months while Montrose and Addison remain 
open 
=Addison: 10 to 12 months while Irving Park and Paulina remain open 
Paulina / September 22, | Winter 2006 Winter 2006 Early Spring No earlier than April 2006 
Southport / 2005 2006 =Paulina: 10 to 12 months while Addison and Southport remain open 
Wellington / =Southport: 10 to 12 months while Paulina and Belmont remain open 
Diversey *Wellington: 10 to 12 months while Belmont and Diversey remain 
open 
"Diversey: 10 to 12 months while Wellington and Fullerton remain 
open 





Brown Line Capacity Expansion Project 
3-Month Look Ahead 


Ongoing Work 
e Continue express signal platform and wire installation in the Clark 
Junction corridor 


e Continue work on the Grace substation building structure and Clark 
substation manhole 


e Continue platform flange angle work by CTA forces at the Diversey, 
Wellington, Southport, and Paulina stations 


Belmont and Fullerton Contract 

e — Approve the contractor’s construction schedule 

e Continue surveying, site work, and demolition of acquired properties 
Armitage, Sedgwick and Chicago stations bid package 

e — Approve the contractor’s construction schedule 

e Hold community meeting with the contractor 

¢ Begin site work 


Brown Line Capacity Expansion Project 
3-Month Look Ahead 


Kimball, Kedzie, Francisco, Rockwell and Western stations bid package 
e Approve the contractor’s construction schedule 


¢ Hold community meeting with the contractor 
e Begin site work 


Damen, Montrose, Irving Park, and Addison stations bid package 
e Bid package to be advertised 
e Pre-bid meeting for contractors to be held on bid package 
Diversey, Wellington, Paulina and Southport stations bid package 
e Bid package to be advertised 
e Pre-bid meeting for contractors to be held on bid package 


